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28 Sovesber 1961 
SuByECT : Brief Status Report oa CXOART as of ZL Bovexber 196) 


(visite to Meat Const Suppliers ty[ TA 


@. A-l2 Menufacturing Status 


a. First article final assesbly is moving on achedule wits 
no major problens. 


bd. The left cuter wing panel was delivered to final 
ia le pomcmee Mak Viki ee FitAe 40 gloeeatt aa: 92 Barer, 
The right coter parcel will be completed in one week. 


c- Ome of the “A” jigs bas already teen moved to the nov 
Building. Toie building will bheve the same security 6s the present 
facility defore any work starts. 


4. pig iar day en plage rhc ng satisfactorily 
in the opinics of Lockheed. design procedure hae aluaye bers 
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see 


Fittings vill act hold up first flight but the future @eliveries 
do act lock toc wright and I believe we should pursue this probdlex 


fs With reference to the aircreft systens oan, statu 
of each fe as fellows: Serre 


(2) Air conditioning ent cabin supercharging 
is ail sot. 


(2) Myireulic system very closs to finished. 


(3) Fuel systen has been reworked due to engine 
change ami CG shift, and ie all set. 


tion, pilot reaponee ani «tf a 
25X1A characteristics. LAC claias te be ready to fly now but 


&- LAC hee & new high apeed willing cotter now running 
experinentally on a HydroTel which removes 10-15 euble inches yer 
minute of Sete titanium on slabbing cr roughing cperstions. This 
compares with @ present rate af 2 cuble inches yer minute aad shoul: 
considerably reduce rough machining coste in the near future. 


he The left vertical fin bas been fitted to aireref 
is g.k. The right fin is in asesshly ant satisfactary. <a 


i. The chines are : +] 
chines en §2 yet. complete on #5 fuselage ie plastic 


je The dulets are moving along slowly wai shoul: ' 
the alreraft by 15 to 2 December. ee 

ks ‘The static test air frame is in the mating Jig and 
should be complete hy early Geseaber. the Sbakie Seat shat, oaresticee: 


Loading Jacks, hydraulics, etc., are approximately 985 complete. They 
are sebeduling atart of static test for 2. Jamary. ~e er 


: 1. The requirement for 2 degrees t on the remote 

25X1A uous arive brought to ny sttention by] [bas bean investi= 

: gated. While this ie a conservative , coubination 

reel igteeee eine ruearal deflections, and “O" loads indinste thet 
: oe a + 7 3 ; rd 
peg emment will approach Tigure. LAC will get vith F & Won 
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SECRET. 
- 
25X1A 


3- discussed Jetetar oe coste with| lent 


they are prepering an estinate for us 25X1A 


LAC #413 sap sahara oe &t lonet be bes little interest 25X1A 
in going any furtaer with 25X1A 


S$ After revievicg the lack of progrees at F & W, I diecusmedc 


a eS 3-75 engines in the #2 air frane with| | 
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